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PUBLIC WORKS. 



E ST I MATE 

OF THE SUM THAT WILL BE REQUIRED 



For carrying on certain Public Works in Ireland, during the year ending 
5tli January iS‘i6; 

VIZ. £. 

Works in the Western District, under the direction of Mr. Niimno - 26,000 

Works in the Southern District, under the direction of Mr. Griffith - 16,000 



Appendix 
N* 1. 



Appendix 
N» 2. 



Works in the Counties of Clare and Galway, under the direction of’j 
Mr. Killaly - ^ 



3,500 



Appendix 
N* 3. 



British Currency net - • - - £. 45>500 



Irish Office, London, 
4tli May 1825. 
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C. W. FLINT. 
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A|ipcM(lix, N“ 1. 

REPORT on the Progress of tlia Public Works of The Western District, in l8'24;— 
Py Alexander Nimmo, C. K. 



HAVING, in my former Reports for i8a2 mid 1823, given a goiieral account of the districts 
through wiiicli our operations are carried on, and also of the especial object of each particular 
road or other work, I may the more briefly notice these matters at the present time, observing 
only, and in general, that as the powers of the county grand juries liave hitherto been chiefly 
directed to the improvement of tlio central and moi'c productive parts of tlieir several comities, so 
our most rcinarkiiblo operations nre to be found in those detiiched or mountain districts where the 
physical difliculties, the poverty of the country, or tlie want of co-operation among the emmties, 
has prevented any material improvement from heing effected under that system. 

Of these mountain tracts, I Formerly observed that three distinct portions appear in this 
province ; viz. 



t'— That round the head of the Shannon ; 

— That of Em’s, between Kilhila Buy and Clew Bay ; 

3 — That of Coonamnru, between Clew Bay and Galway. 



In all of these we have already effected a notable improvement, considering the obligation we 
uere under of subdividing our means, with a view to the more extensive difi'usion of eniployinont, 
having now laid open for use upwards of ten miles of road in the first division, and about forty in 
each of the two last ; and I have the satisfaction to state, the rapid amelioration of the condition of 
the inhabitants since the comineiiccincnt of the work strikes every observer. Various new villages are 
rising ; mines and minerals arc laid open : the fisheries and agriculture extending with the opening 
of uinrkets and means of communication ; and the peasantry nre aetjuiring comfortable clothing 
and liabits of increased industry. I shall have occasion to notice some of the most remarkable 
instances hereafter. 



Another leading object in this district has been to improve the main lines of road from the 
agricultural di.stricts of the interior to the markets and sea-ports. Of these we have several in 
hand; ami though, fVutn the limited aimiuiit of the funds, we have been able to bring few, if any. 

Are alreaily visible in 

the towns along these lines, and in the farms through which they pass. And the country gentlemen 
have shown an anxious desire to further the same object by all the means in their power. 

The works hitherto spoken of arc entirely e.xeculed at the expense of the Government, under 
the provisions of the 3 Geo, 4, c. 34; i>ut there have also been several new lines laid out under 
my direction in these countic.s, and curried on by means of loans from the Consolidated Fund. 

In these I act as an overseer fur the grand jury without any charge. The detail of superinten- 
dence has been intrusted to iny assistants, who arc paid for this service as the usual overseers; 
their time, when they are so occupied, being deducted out of their pay from the Government. 

In this way an important line has been opened tliroiigh the county of Leitrim ; the greater part 
of which, on the east of the iShanuoii, will in three months be ready for use. 

Another has been agreed to in the county of Roscouiiiion, leading through the centre of that 
county to Boyle. Also a portion of the aforesaid Leitrim road, where it is interrupted by Ros- 
common ; and in Galway a branch line of considerable extent into a peninsula disliict of Con- 
iiamara. 



There are several other improvements of the same kind now under investigation. 

In tile middle of summer, before tlie usual supply of food from the potato crop could be luul 
racoiir.se to, there was a very great degree of distress in a part of the county of Galway, especially 
in tile barony of Moycullon, near Galway, and on the CHstern borders of that county. 

In the barony ot x^Ioyculieu a supply of meal was sent by Government to several parochial 
committees, and diBtnbuted chiefly through the hands of the roman-catholic clergymen and 
perhaps too indiscriminately. Some public works were pointed out by me by order of Govorn- 
ment, on which the people might give labour in return for this supply ; but, e.xcepting in the parish 
of Moycullen, little comparative benefit was obtained. And in tlie new road from Ou-l.terard to 
Chfden. I have been obliged to complete the part unfinished by day labourers, though a heavy 
arrear of labour is due from that parish. ° ^ 

In the tnutl, of that baron, the labnnring poor worn pair! in oath by lire rlay, and nlso in tbo 
anatom part of the county, employing all that came whilo the distress lastedt and a good deal of 
useful work wa. done : not so much, indeed, as aright have boon obtained by labonris regnlarly 

X't'a ktf »pUed 
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I am therefore inclined to believe, that the relief to the population generally would be greater 
in any similar cases, by causing some public work to be umlercaken and paid for in cash, rather 
than by distribution oi provisions, as this would be attended with some public benefit, and less 
injury to the moral feelings of those relieved. 

As a considerable period elapsed after this ere I received instructions as to what works were to 
be prosecuted, the Government having resolved to suspend some of them until the more important 
should be completed, the progress made since my last Report has not been so great as in former 
years, the harvest and wet season having early interrupted our operations ; nevertheless several of 
the roads have been completed, and the arrears due on the several lines nearly paid off. 

The works being very numerous, I shall, to make this account of their present state move intel- 
ligible, subdivide the district into several parts, nearly conterminous with those allotted to niy 
several assistants. 



Appendix, 
N“ 1. 

Mr. Nimmo. 



North-east, or Roscommon and Leitrim Division, including part of Sligo. 



In my Report of 1 822 1 observed, that of the tliree mountain groups within my district, that near 
the sources of the Shannon had not then been the scene of any of our operations ; but a good deal 
of improvement has been effected since that time ; and in addition to the works entirely made at 
the expense of the Government, tlie counties of lloscoinraon and Leitrim have taken advantage 
of the Act 56 Geo. 3, to borrow from the Consolidated Fund the amount of two other important 
lines of road, wliich are in rapid progress under niy supei'intendence, jointly with several of the 
country gentlemen. 



Of the first class, the roads in tliis division actually in bands are as follows : — 
From Castlerea to Dallynioe ----- 1 6 j 

Branch to Ballintubber 0328I 



From Boyle to Elphin and Slievcbnwn 

- Boyle improved entrance • 

- Ballyfarnon to Sligo 
Drumcliff and Cartron Road 
Arigna and Gevngh Colliery Road 
Ccltiiiiivecny lo iJnimaliare ditto 
From Cloone to Mobil 

- Gortlownan to Sligo 



5 0 34 
7 5 15 

0 I 30 

2 1 ig 

100 
^ 2 38 
13 7 ifj 

2 l 0 

1 312 



Irish Miles 



• I 42 o 



4 



equal to 53 1 British statute miles, exclusive of the county line, proceeding by a loan. 

Of these roads, that from Ballyraoe to Castlerea, which runs mostly through a bog, and saves 
three miles in seven of hilly road, was clayed or soled by day-labourers last summer, and much of 
the broken stone prepared ; the bridges all built, except one, for which preparations are now 
making. 

Tliis line is already a great thoroughfare, especially to the market of Castlerea, although not 
yet gravelled. 

The branch road is not only necessary to procure materials, but at the same time opens a direct 
and level road to Ballintubber and Roscommon. 

Castlerea is a considerable town in the middle of tlie province, and tliere was, untU these two 
years past, a mail-coach through Roscommon to it; that will now, in all probability, pass through 
Ballymoe, being another post-town on a line equally short aud more level than the former. 

Boyle Elphin and Slievehawn .^—Thlsimgortaiit^oad was dejayed by the lt^tDew4)f the season, 
which prevented the cartage of broken stone: two'^rnonth? of dry weather wiR be su^cient to 
complete it. A presentment has been obtained for the opening into Elphin, which brings the 
damages of that part on the county. Its principal value is as a road into the coal country ; for 
which purpose an improvement near Coote Hall seems absolutely necessary, 

Boi/le improved Entrance is finished, and has been in use since December. 

Ballyfarnon Road has also the materials ready to be spread the first dry weather. A valuable 
improvement between this and the last-mentioned line remains untouched. I liave included an 
estimate for it : also for finishing the cliarity road at Drumcliff. 

The Gevagh Colliery Rond is open towards Sligo, being all tliat was originally contemplated. 
Tlie part near Arigua is nearly complete. The Arigna coal and iron-works now begun are likely 
S79- to 
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Appendix, to increase greatly the traffic on this line, which must tlierefore be carefully attended to for some 
time, and additional materials applied. The old road to Aughabehy in lloscommon, which it 
r. mimo. joins, being a very imperfect one, would require considerable alterations, which I have estimated 
I «!so to compensate most of the tenants for damages on this road, which has absorbed part of 
my funds ; and there are some still unascertained. 

Celiinavcenij Colliery Rond:— Thh road is now formed through the arable land, and the gullets 
built. The part from Dromahare to r.ougli Gill will be ready in three or four dnys of dry weather 
which will open that country to the navigation. Tlie bridges and paving of the upper part are 
still untouched. 

Gorllovman to Sligo : — This, which shortens the road from Leitrim to Sligo one mile, and saves 
several pulls, is also in great forwardness. 

LEITRIM HOAD. 

The great road through the county of Leitrim is carried on by a loan from the Consolidated 
Fund ; and, in the south of the county, will be open in May from Driimsna to Leitrim and Lough 
Allen. The grand jury of lloscommon have also agreed to the part through that county, and the 
northern portion is formed through most of its extent, and partly gravelled. 

In my last Report I mentioned that the opening of these roads had awakened the attention of 
the coal proprietors, but that the mine of Celtinaveeny, the property of Colonel Tennison, was the 
only one actually in operation. Since that period companies have been formed for the working 
of coal and iron in this district, to a considerable extent. Shafts are sinking on two other pro- 
perties by the Celtinaveeny rail-road. The iron-works of Arigna are preparing to be put in blast, 
and they expect to have castings in June next. Three of the coal- properties on Bracelievc 
mountains arc also now opened. The chief difficulty that will be experienced in these operations 
is the want of the two roads we have in hands. The labouring population finds ready employ- 
ment at these works, and weekly pay, so that an appearance of business and comfort exists, to 
which that district has been hitherto an entire stranger. 

On the north nnd east of Lough Allen is another valuable coal district, tlirough which there is 
yet no road of any kind. I have been requested to examine this comiti-y ere the county of Leitrim 
take tlic necessary meiisures to liave it opened ; a measure liighly necessary. 

’ ii wfll' open the communica- 
tion acrosi Leitrim into the manufocturinB anil busy part of Ulster, witicli is at present verv 
defective. ^ 

lu tliis division also the fishery harbour at Raughly Point has boon completed Inst season by an 
aid to the funds ol the Board of Fisheries ; it is found of great consequence to the craft trading 
to Shgo, being outside of the bar, mid though dry at low water, is capable of admittinn- any 
vessel that goes to Sligo quay. I have given a particular account of its construclion in my 
Report to the Board of Fisheries. ^ 

The fishery harbour of Mullaghmore is also in great forwardness in this district, and will add 
niucli to the importance of the newLeitrim Road. 



North Dhision ; comprehending part of Sligo and Mayo along the River May. 



The new Roads m this Division are : 



3 . — The Templehouse lino .... 
s — From Swiiieford to Foxford, Ballina, and Killala 
3.— KiUqla to Bcoadliaven - . . 

^ rPoxford to fiunaconlan .... 

\Enniscroan and Bellaglieny . . . . 

5. — Coolcarney to Ballina 

6. — Castleconnor Ferry Road .... 



M. P. P. 

□ 2 t6 

21 Ci o 

19 O 0 
500 
2 0 0 
2 0 0 
100 



51 0 i6 or 

64 G 23 British. 



Of these roads the first serves to complete 
Sligo, and by which five miles of hilly road 



an innprovement which has long been in progress in 
on the circuit line is now superseded. 
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The second is of greater dimensions and importance than the other lines in this district, being 
intended .as the leading post road to the port-: of Ballina and Killala ; it is in great forwardness, 
and, if funds be supplied, will be ready for use in June or July. 

Considerable improvements are in hands in the different towns of this line, in expectation of its 
being soon opened. 

The two next roads in this district were suspended last season until the more important lines 
were completed. 

Numbers 5 and 6 are charity roads, coni( leted by us and now in use ; but ferry slips are still 
wanted at Castleconnor. 

The works in the Moy river were also si'.-:pcnded last season; they are, however, very far 
advanced; and being conducted on the most economical plan the case admitted, a moderate addi- 
tional grant would now open the navigation up to the town of Ballina. 

I conceive this a most desirable measure for that country ; and once effected, the further 
improvement of (he navigation may be left to the local funds of the town. 




North JVesl Division, or Erris. 

This comprehends the mountain uncultivated district between Lough Con and the Ocean ; it 
has hitherto been totally inaccessible to carriages, and nearly so to horsemen. 

The new Roads are : 

1. — The central Erris line, from Castlebar to Elly Harbour in 

the Mullet 

2. — Branch to Tulloghaun Day - - 

3. — • - towards Ballycroy 

4 Road into Achil Island 

I 77 2 2C or 
I g8 I 22 British. 



M. r. p. 

39 0 0 
700 
12 0 0 
ly 2 26 



A new survey and estimate has been made for Erris, as the greater part of the time and funds 
allotted for the central road last season was occupied in settling the claims left unpaid by the 
grand jury previous to the commencement on account of the Government. At the same time 
the bridges on the line are now all built, and the road made passable for carriages, although much 
remains to be done on this extensive line ere it be considered as completed. The change that 
has taken place already in the district is quite remarkable. It is not yet above twenty years since 
there was not any kind of road into Erris; and very lately, a horseman, intending to penetrate 
into that country, was obliged to take several guides with ropes to cast the horse and pul! him by 
the legs over the swamps and sloughs ; and if the rivers were in flood, the journey, which was 
always one of great risk .and privation, might be the business of many days Post chaises now 
proceed in one day from Castlebar or Ballina to Binghamstown in the Mullet, and the expense of 
the journey is less than was commonly paid for the horse and guides in former times. The fine 
harbours of Blacksod and Broadhaven promises at length to be of some use to commerce, instead 
of being, as lately, the resort of smugglers or of pirates, as in Sir \V. Monson’s time. 

In the village of Binghamstown in the Mullet, begun since the commencement of the road, 
there are already about one hundred houses built ; there is a good store and mill in hands near 
the quay. 

At the isthmus of Behnullet tliere is also a village in rapid progress, begun since last IVlay, 
when the &rm came into the bands of the propoetor. .Rsvacal aoiall shops and a good corn store 
and kiln are already built ; the store, when I last saw it, filled with oats and barley for exporta- 
tion, as also kelp and other produce ; and additional storage was building, and two cargoes had 
been previously shipped. The com was heretofore only convertible into illicit whiskey, whicli 
article has risen in price within the Mullet from a j. 6 d. to 5 s- 6 d. per gallon since the corn 
buying began. 

Various other improvements are contemplated here, os the situation at Belmullet is peculiarly 
favourable, being accessible by water at both sides. 

A cut or canal to join the bays might be made for about 5,000 1. to 6,000 1. fit for the passage 
of such vessels as navigate that of the Forth and Clyde, and would be of great importance to the 
coasting trade and to the fisheries, as the same vessels could pass by the Sound of Achil into 
Clew Bay. 

*79- B One 
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One sliopkeeper in Belmullet has imported a small cargo of country goods, such us iron, leather, 
boards, delft ware, pots, &c. and even tea and sugar, which, before the erection of these towns, 
were to be had no nearer than Westport or Balliiia. 

In the beginning of 1823, the first gig or two-wheded carriage reached the Mullet. In the 
middle of September that year, the first four-wheeled chaise, and since that time up to December 
1824, I find foi'ty chaises and sixty gigs or jaunting cars, have entered the peninsula. 

Two gigs and two jaunting cars are already kept there, and the Scotch cart is very common 
on tile road. 

Within the last two months of January and l^ebruary fifteen carriages have passed, and tliis 
being in the worst season, and over a road not yet finished, exhibits an intense feeling of anxiety 
to visit this little known district. 

To tlie branch roads nothing was done lust season. Aa extension of tlio main line to tlie water 
guard station at Tarmon Point appears liigbly desirable, and I have included it in the Estimates. 

The road into Achil Island was suspended last season, and has received some injury during the 
winter. It would be highly useful to Itavc this line made passable as far as the Sound, which 
would not be attended with much expense, and the county may be applied to for a moiety of the 
Estimate, as originally intended. 



The South JVest Division, or' Connamara and Morhk, pari of Galway and 
Mayo Counties. 

Tins great tract of mountain country, possessing the finest harbours ami most productive 
fishery in Ireland, is one of our most important divisions. 

It is bounded by the lakes Corrib and Mask, the harbours of Galway and Westport, and the 
Ocean. 

It is chiefly bog and mountain, but many parts highly improveable. 

As there is no cxisfing map which exhibits the features of the cmmtry, I liave had one drawn 






which thu old an 



m^owi^urvevsofUie coast, * 

'IW ■bts Excellency the Lord 



The Roads made or in liaiul a 
The Coast Road ; viz. 

From Galway to Spcddle and Clifden by the Coast 
Branch to Gnriimna Island . - . - 

- - - to Roundstoac 

- - • to Speddle, Costello, &c. . - - 



7 20 

0 4 

7 29 



Streamstown to Cleggnn Pier . - - 

. - - - to Ballinakill Bay, &c. 

Spcddle to Moycullen .... 
Continuation to the Ferry, remade in 1824 - 
Lough Corrib Head to Kilkervan Bay 
Killerees through Joyce Country to Cong - 
Killery to Westport, of new Road 
Clonleff Road, made in 1842 
New Oughtcrard bine, made in 1824 • 



42 0 3G 



4 32 
4 20 
7 29 



105 1 ;}7 or 

133 7 21 



Of the first of these, twenty miles next Galway was an old country road; we have this year nearly 
completed the widening and levelling, as far as Speddle, ten miles, principally by the poor em- 
ployed in June 1824. The bridge at Barna Creek is not yet begun; little more is done until we 
arrive at tlie eastern arm of Kilkerran Bay, whence the road is formed for some miles, and the 
gravelling in progress towards Buterbuy Bay, and a branch niaile through the island of Lctter- 
mollin, with causeways over the tide fords. 

A heavy piece of rock cutting is in hands at the foot of Ballinahinch river, and the west end 
is farmed a$ a quay wall» as this will become the place of sliipmqnt for the beautiful marble of that 
country. 

Beyond 
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BeycoiJ tlie river the road is formed and mostly gravelled to tlie bridge of Bollinaboy, near Appendix, 
Mannii) Bay ; and a new line with two considerable bridges across the creek of Ardbear and river N ° i • 

of Clifden, is completed into that thriving village. Beyond tliis, after a mile of old road, com- Mr. Nimmo. 

luences the line to Cleggaii; this has been in use since 1823, and has required very little 
attention. The fishery harbour has been improved and deepened, by removing a gravel bank used 
for extending the road. 

The line to liallinakill Bay branches from this last; it is finished and in use to the south side of 
the Bay ; the remainder ^vants the bridges and gravelling. 

A small quay or landing-place has been built at Derryinver, on the north side. 

I have annexed an Estimate for continuing this lino to the Killery Head. 

Several branches from the coast road to the different fishery piers ar« also in hand. 

The grand jury have presented for a loan to open an important branch between Burterbuy and 
Kilkorrun liays, under my superiutendence, and also to repair the road to Slyiie Plead, i:c. 

The cross road from Speddle to Moycullen is now complete and in use ; though from the wet- 
of the great moor across which it is carried, I consider that further drainage will yet bo 
required. 

This line opens much improveable land, and gives access to the sea manure. 

We completely remade the prolongation of this road as far as the ferry of Knock, across Lough 
Corrib. 

To the cross roads from Kilkerran Bay to the head of Lough Corrib nothing has been done 
but the bridge over lake Shindela. 

The Joyce country road, which opens up a fine valley at the head of i.ough Corrib to the sea. 
and to the plains of Mayo, has been gravelled to the extent of eleven miles, the remaining four 
miles are in hands, as also the bridges ; the part at the shore of Lynane has been made into a rough 
hut substantial boat quay. 

The Morisk or Killery line eontiimcs this road to the town of Westport; but I find it will be 
advisable to avoid the situation first proposed for the bridge on the Errif river, on account of the 
operations requisite for clearing the stream. 

The materials are prepared for the large bridges on fhis line. ” 

The brige over Bundiirra river was built lust year, and the bBliuiy pier at Lunduriu is since 
finished. 

The Clonliff road, near Galway, was opened in 1822. 

The road begun by the grand jury along the valley near Oughtcrord, was carried on by the 
labourers in June last, as a return for the meal distributed there ; I have since got it completed, 
and tlie bridge built by day labour. 

A presentment is passed for repairing that part of the central road retained ; and if an arrange- 
ment could be made to complete the line begun by Mr. Martin, by a loan from the Consolidated 
Fund, and for which the sum undrawn is, I think, nearly eulficient, we would have, ere the end of 
this summer, a complete line of carriage road to the extremity of Connaraara, which is now greatly 
wanted on account of the increasing intercourse with that district. 



Tlie effect of the public works, and especially the system of paying the labourers in hard cash 
upon the general prosperity of this country since 1822, is quite surprising even to me, who may 
have been supposed somewhat sanguine in my expectations of the results ; but it is the common 
talk of the country, as well of the poor peasantry themselves, as of their landlords and strangere. 
Heretofore money was hardly known to them ; and upon our paying a few shillings to one person, 
he remarked it was more money than he had ever seen in his life. Forty miles from the 
nearest market town, over bogs and bad roads, without money to buy, he was destitute of most of 
the conveniences of civilized life, and a series of bad years had, in i8aa, left them in rags or 
nakedness, Now' the people m the west of ConootnafH ofe well clad, evlffenfly also in new sfuffi ; 
they bring to the mavket.s of Clifden a variety of articles for sale, and never depart without making 
some purchases. 

Their rents are paid in money, a thing never before expected by their landlords. 

I mentioned last year that the village of Clifden, which in 1822 exhibited a scene of misery 
and despair, was rapidly improving, and had become the chief market of the country. Its im- 
portance is still increasing ; and from from having only one slated or two-story house, and a few 
thatched cabins, as in 1822, it now contains about one hundred tolerable houses, mostly of two 
stories and roofed with Bangor slates ; a great many new lota are taken, fhere are about thirty 
country shops, several of the owners worth 500I. to i,oool., who were not worth 50/. three 
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I have had the curiosity to procure a list of them, and of the exciseable articles sold last year, 
which is subjoined to this Report; and by which the place appears to be paying nearly 3,000/. 
a year directly to Government. 

A brewery and distillery have been built within these few mouths, and are now in action; and 
this has afforded a marhet for the grain, which could only be before disposed of by private ibs- 
tillation. The store is filled with barley ; oats, also hay and straw, are regularly brought for sale 
to Clifden market. 



Until last season we were obliged to bring the oats wanted for our horses from Galway in 
barrels ; no hay could be got. 

Two new stores have been built on the quay ; they are occupied by herrings from this season’s 
fisliery, and two cargoes hive been exported. 

The removal of the salt duty has permitted a direct import trade from Liverpool ; and three 
cargoes of that and country goods have arrived during the winter. 



South East Division. 



Works on the Plains of Galway and Mayo. 



The Roads in this Division are: 



j, — Westport to Ballintubber 
1 . — Annies Bridge Embankment - 

3. — Ballinrobe to Clare 

4. — 1-Ieadfovd Road repair - 

5. — Kilcolgan to Kinvara - 

6 Castlckclly new Road - 

7. — Kilconnel Bog Road 

8. — Menlo lload . . . 

.■),_Creggs to Newforest 

10. — Keeloguos Lino - 






— Ballinderry E 

Galway Market-house . . - - 

. — D® - - Breakwater, and some minor works 



M. F. n. 
3 4 21 

0 o 38 
6 o 25 
5 1 13 
3 2 17 
2 1 23 

1 O 21) 

I 4 0 

270 

040 



28 2 11= to 
35 7 39 British. 



These works are scattered over an extensive country, and of course were more expensive in the 
management ; but a great part are now finished and out of hands. 

The first line improves the access to Westport from the centre of Mayo, and has been some 
time open and in use ; hut being originally constructed in the imperfect way of the ordinary county 
roads, it still requires attention : the benefit has induced an extension further into the arable 
country to be proposed, and I have made up an Estimate for it, but presume this will be taken up 
by the grand jury. 

The second work is nearly completed ; it has the same object in view as the last, and is a branch 
of it. 

Third was suspended last year ; but the guardians of Mr. Gildea now agree to the improve- 
ment near Hollymount ; but this may be referred to the grand jury. 

Numbers 4, 5, 6, 7, 8, are completed. N° 9 was suspended last year. 

The Keelogues road is a*line running to the north between Newforest and Ballyinoe, which 
shortens the present line several miles in that direction ; it received the labour of the poor em- 
ployed there in June and July last, to the extent of about £.400, and was since suspended. 

The BalUnderry bridge was begun by presentment over a deep arm of Turlouglimore, to open 
a direct road from Tuam to Athenry, &c. It is now completed, except the coping of the parapets, 
and is passable. The foundation is entirely artificial ; and the arch, to be made large enough to 
preserve the navigation in winter, required some careful precautions. 

The Galway market-house is finished, tlmugli some delay has arisen in settling finally with 
Mr. Martin. 

Nothing 
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Nothing further was done to the small piers on Lough Corrib, or to that on the Slate Break- 
water ; but I Imve anne.xed Estimates for completing these works. 

On the whole there have been made, or are in hands, roads to the extent of 300 Irish, or 
38c British miles in this district, besides assisting in the construction or improvement of twelve 
harbours or quays, over and above what has been done in that way by the Fishery Board. 

The expense of these operations has been considerable, and a large sum will still be required 
ere they can be entirely completed ; but I am satisfied the result will be found fully to justify it. 

March ist 1825. (signed) Alexander Nimmo. 



Appendix, 
N“ 1. 

Mr. Nimmo. 



ESTIMATE of the Sums required for completing the Public Works of the Western Diitrict, 
January 1825. 



North East Division : 

To complete the road from Castlerea to Ballymore, including 
ft branch to Ballintubber - 

Boyle to Elphin 

D“ - by Cootehall to the Collieries ..... 

Arigna Road to Mount Allan - • - . , . 

Geeva Road, exclusive of unascertained damages ■ 

Baliyfamon Road ........ 

Drumclief and Cartron Road, to complete . . . - 

Cloone to Mohill - 

The Drumaliare Colliery Road, including part at Ballinamore - 
Gortlownan - -d* - 

North Division ; 

Swineford to Foxford and Killala • ..... 

Killala to Broadhaven - - - ..... 

Foxford to Buuaconlan ------- 

Pullagheeny line - -- -- -- - 

North West : 

Widening and remaking the old presentment road into Erris, 
also finishing the new line, with additional drains, repairs, &cc. 
exclusive of overseers and contingencies . . - - 

Branch from Bangor to Ballycroy and Achii - - . . 

Road from Newport to Achii 
D* - through Achii Island 



£. t. d. 

1.797 1 7 
i,io() 9 z 
275 8 6 
400 - - 
250 - - 
284 6 - 
70 - - 
911 13 8 

5,900 - - 

3C9 2 9 



2,058 18 
4,285 18 11 
858 14 8 
99 8 7 



5.571 11 4 
5,4-28 4 2 
2,419 16 - 
1,436 19 10 



North West : 

The Connamara Coast Road between Commas Bay and Clifden 
- - - - D“ - - - Cortello Bay to Commas Bay 
Bridge at Barna Creek 

Branch to Spiddle pier 

To Cortello pier --------- 

To Roundstone quay - -- -- -- - 

To Mannon Bay, exclusive of the county repairs ... 
The Ballynakill Road Bridges, and some repairs on road to 
Claggan pier, and to deepen harbour there 
Branch to Derryinver pier - - 

Road from Killeries to Cong, with bridges, &c. 

From Kilkerran to join this at head of Lough Corrib 
From Killeries to Westport, includine an alteration to avoid 
Errif Wood, also bridges oTErrtf alia GTencallfd, See. - 

South East or Plains : 

Road from Hollymount to Claremorris, estimate extended for 
advance of prices ------- 

Road from Newforest to Greggs - - . - - 

Keelogues Road - - - ■ 

Slate Breakwater ....... 

£. 



5,10+ 11 3 
2,740 - - 
650 - - 
31 10 - 
443 12 6 
683 1 6 
224 8 - 

1,214 15 6 
43 - “ 
1,958 10 6 
3,701 2 6 

'3,2tg' 10 



1,542 2 - 
776 16 7 
520 11 8 
850 - - 

57.S37 5 2 f 



279- 



C 
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APPENDIX TO ESTIMATE OV SUM REQUIREI) 



From the preceding sum of . . . . 

Deduct received from the Treasury sinca the above 
Remains to he provided by Government 



£■ s. d. 
57>227 5 -ih 
3,000 - - 

54,227 5 2-J 



I also consider that half the expense of the Acliil Road, and of 
tho Errif and Glencallie Bridges, should be defrayed by the 

county of Mayo, under provisions of ist Geo. 4, c. 8i. . 2,500 - - 

1 51.727 5 



(signed) Alexander Nimmo. 



ESTIMATE of the Sum to be applied to these Works in 1825. 

Twenty-six Thousand Pounds, 

(signed) Alexander Nvmno. 



Works mentioned in the preceding Report as Surveyed and Estimated, but the execution 
ofwhicli is to be referred to the Grand Jury. 



Connamara Division : 

Improving and widening the present old road from Costillo Ray 
as far as Spiddic and the liberties of Galway, not before 
estimated - 

fords - 

Improving a part of the present old road from Clifden to 
Streamstown - .... 

New road from cross ruads at Letterguish, by Lough Fee to 
Lcenane at the Killery Head, with several small bridges 
Fencing the road from Spiddle to Moycullen, and some repairs 

South East Division : 

Completing the Hcadford toad 

Proposed quay and road to Claddagh at Galway, from Slate 



pier 

County of Mayo : 

To complete the road from Lovally to Hollymount, including 
bridge over Rolee river, stated os suspended last year 
Proposed addition to the road from Westport towards Clare 
not before estimated 



Proposed branch or continuation to the waterguard station at 
Tarmon Pier - - . - _ _ . . . 



Branch road to Tullyhaven Bay, including bridge 0 
River - 



Comity of Roscommon : 

Proposed repair tf old vowk te'. Aughavehr colliery, wliere it 
joiin near Gevagh - . 



£. t. d. 

2,jg8 - - 

1.555 10 - 

437 6 9 

s.1,37 4 2 
413 >8 - 

150 18 - 
450 - - 

1,980 12 4 
1,665 7 6 

335 5 10 
3,317 17 1 



•13.981 
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